Fwd: Monthly Report 


Subject: Fwd: Monthly Report 

From: Nate Kaplan <nate.kaplan@lacity.org> 

Date: 05/17/2012 12:14 PM 

To: Sheila Mickelson <sammickelson@sbcglobal.net>, "Jimenez, Blanca" 
<Blanca.Jimenez@mail.house.gov>, "Cloud, Hamilton" 
<Hamilton.Cloud@mail.house.gov>, Don Duckworth 
<duckworth.donald@gmail.com>, jruhlen916 <jruhlen916@aol.com> 

As promised, BOE is providing a monthly update on our progress on the 
Sepulveda Streetscape Project. Everything is looking really good. Please read 
below 


-Forwarded message- 

From: Vahik Vartanians < vahik.vartanians(a)lacitv.orc > 

Date: Wed, May 16, 2012 at 6:42 PM 

Subject: Re: Monthly Report 

To: Nate Kaplan < nate.kaplan@lacitv.orq > 


Hi Nate, 

April 2012: Te City Council approved the front funding appropriations 
for design and construction of the Westchester Streetscape 
Improvements in the amount of $980,000. 

May 2012: Working to submit the project's Preliminary Environmental 
Study (PES) to Caltrans/Fed's for their review and approval. Survey 
work for establishing the existing vertical elevations and certain 
horizonal properties of the project site to be able to work the civil 
and landscaping design based on the conceputual plans. 

Thanks, 

Vahik (213)485-4652 
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